yO COUPROL = U.8. Q°°7CRALS CULY 


BU Gi Gkte RARER 00457 ROOTIAORG 0 25K1A 
WA HEPORFT — cn wo. 
4 ZA o 


BPD P HL IES 
Approved For Release i$! 
INFORMA 


* 


COUNTRY Germany (Ruscian Zone) “y DATE DISTR. 23 Spy 51 
SUBJECT Construction of Rail Connection betreen the NG. OF PAGES 2 
Rathenow-Neustadt/Dosse and Neustadt-Neuruppin 
Line. 
PLACE . NO.OF ENCLS. 1. sketoh 
gryt - F fi Wh 
oxi RD greta 
DATE OF Te = ma tt ¥ SUPPLEMENT TQ 
INFO. {Teaaee REPORT NO. 


25X 


Rabie sens AIR ARR IRE UK oA Se SORA RR a a ES Sealine GURMOnt ee Sete ae 
THM POCULENT CONTAINS IMPORBATION REMTGTING THE NATIONAL DEFENCE F 
GP TUL GHITED STATES WITH Yd SEAMING OF THE ESPIONAGE ACT SO Ha 
3.3. &, SY ABD 22, AY ADERDED. (YS TRANSRISTION O28 THE REVELATION 
‘OP 69S GONTENT 18 ANT BANNER TO A GUAUTUOREED PERSON 16 PRO. 
AUAYED Cr LAW. REPHOBOSEEDN 07 THR FURL 1G PROGISNA, 


ON So nce 
 25X1X 


i. Eneljiosed is a sketch of the railway line vhich is being built to connect the 
Rathenow-Neustadt/Dosse railway with that running from Neustadt to heuruprin ii 


THIS IS UNEVALUATED INFORMATION 


2, The follewing three companios are employed on the construction work ‘ndieste? 
in the sketches 


a A private construction company is handling the work northeast of the Hasburc- 
Berlin railway. 


b, A bridge-building fimm is constructing tunnels under the existing railway 
tracks. 


c, A nationalized construction firm is in charge of the work southvest of 
the Namburg—Berlin railway line, 


A total of 1,000 men is employed on the project. 


3e The new line will be a single-track, about 5 kilometers in lencth, with a tunnel 

runing directly beneath the present Hamburz—Berlin railway. The Hemburg- 
Berlin line at this point is now shored up with timbers and girders, ‘The 
project includes building a reinforced concrete bridge which will be about 
15 meters in length. The ratio betveon height and depth of the embanlment 
(angle of declivity) will be kept at 1 to 1.5 in so far as possible. The 
switch tracks from the Rathenow-Neustadt/Dosse line are at the southtest 
exit from the village of Konitz. At this point the switch track and 200 to 
500 meters of rail have boen laid. The roadbed is gravel with iron tics, 
The point of conection with the Neustadt-Neuruppin line is unlmown, and no 
information is available concerning the progress of the work in the north= 
east section. 


h, A field railway has been established on the construction area >» and five diesel 
or steam field locomotives are in use, cath pulling 10 or 12 dump cars, 
Excavation is under way, with crane shovels and dredges of a ¢ cubic meter 
capacity. The date for the conpletion of the excavation has been set and 
changed several tines, The completion date is currently set at 31 Lecember 1950, 
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Tho work of excavating has been vopentedly delayed by slides, and the actual 
sonpletion date cannot be estimated at prosente The slides are due to the 
hich water taille, which keeps the ground tco Comp for firm construction, anc 
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the cormposition of the scil; the many clay arcas cone ee drew up the croun: 


water. 


5, The connecting tracks are scheduled to fo into use in March 1901, 
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